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STATEMENT OF WORK 
SYSTEM 4 - PRODUCTION MODEL 


The Contractor proposes to provide the necessary engineering, 
labor, facilities, and material to perform the following work: 


Item Description 

i Fabricate, test, and deliver seven 
(7) production models of System 4 
equipment. 

2 Provide twenty-five (25) copies of 
an Instruction Guide for use with 
System 4, 

3 Fabricate, test, and dslives dives 


(3) test sets for use with the System 
4 production models. 


4 Provide twelve (12) copies of an 
Instruction Guide for use with 
System 4 test sets. 


SECRET 


#hfa deeumant contains information affecting the nattonal 
defense of tha United States within the meaning of the 
Espionage Laws, Tille 18 U.S.C., Seetian 793 and 794, Its 
transmission or the revelation of its contents in any 
tanner to an unautherized person is prohibited by law. 


Approved For Release 2009/04/10 : CIA-RDP81B00878R001400010067-8 


